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BILL NO. S-87-06- / T 





SPECIAL ORDINANCE NO. 


AN ORDINANCE approving the Contract 
for Lincolnshire Drainage Improvement 
Contract - Res. 445-87, between 

John Dehner, Inc., and the City 

of Fort Wayne, Indiana, in connection 
with the Board of Public Works 

and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That the Contract for Lincolnshire Drainage 
Improvement Contract - Res. 445-87, by and between John Dehner, 
Inc. and the City of Fort Wayne, Indiana, in connection with 
the Board of Public Works and Safety, for: 


the Contract for Lincolnshire Drainage 
Improvements, is intended and adapted 
for receiving drainage from collateral 
drains already constructed or which 
hereafter may be constructed across 
the North Half of Allen County, 

IN. Bounded on the south by Gerke 
Avenue, bounded on the west by 
Fairfield Avenue, bounded on the 
north by Concord Lane and bounded 

on the east by Harrison Street. 
SEWER: Beginning at a point on 

the northerly bank of an existing 
open ditch between Gerke Avenue 

and Southfair Court, said point 

being approximately 85 feet easterly 
of the centerline of Fairfield 

Ave. thence northeasterly + 24 

feet to a proposed manhole; thence 
northerly + 420 feet crossing South- 
fair Court to a proposed manhole 
located at the southerly right-of- 
way of Millside Court. Said storm 
sewer shall be 12 inch, 15 inch, 

18 inch, 21 inch and 24 inch in 
diameter with all appurtenances; 


the Contract price is Forty-Nine THousand Fifty-One and 75/100 
Dollars ($49,051.75), all as more particularly set forth in said 
Contract, which is on file in the Office of the Board of Public 
Works and Safety and, is by reference incorporated herein, made 
a part hereof, and is hereby in all things ratified, confirmed 


and approved. Two (2) copies of said Contract are on file with 
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Page Two 

the Office of the City Clerk and made available for public inspecti 
according to law. s 

SECTION 2. That this Ordinance shall be in full force 


and effect from and after its passage and any and all necessary 


approval by the Mayor. 


EL uM Wer, c eI 
Councilmember 


APPROVED AS TO FORM 
AND LEGALITY 














City Attorney 





on, 





ead eI imst time in full and on motion by / 
seconded by 21a, and duly adopted, read tne second tim 
e | rer i sip: ( SEN 















a r 
by title and rerer sda. to the Committee nd the Ci: 
Plan Commission fosy cCTSzdation) and 2605Z4:- eo Soe 
due legal notice, at the Council Chambers, Cit?-County Buildin Port HeY? 
lucicnaj on —— thao day of 
- CHLI aE ' CYéck MES 
ic ie T TENUIS CALCE 
DATE e CUT PA 
SANDRA E. KENNEDY CITY GEEDZ 
! 2 : Š A {FJ 
Read the ¿h time in full and on motion by ( A 


seconded by EC 


passage. PASSED 








, and duly adopted, 
y the following vote: 
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DATE: é oO pa K D 












NES CER. KENNEDY, CITY CLERK 

Passed and adopted by the Common Council o£ the City o£ Fort: 
Wayne, Indiana, as (ANNEXATION) {APPROPRIATION} {GENERA I 
(SPECIAL) (ZONING-MAP). ORDINANCE ( j ds 
on the cx GAO day o£ ee doe p 199 ms 


ATTEST: 





on the 


at the hour of 





SANDRA E. KENNEDY, CITY CLE K 


Approved and signed by me this P PM of Cie, , 
: up 439 pA 
19 f^ , at the hour of aS O'clock’ A M: Es SUT. 


ru ae > * : 
WIN MOSES, JR., MAYOR 


ILEI J 
Admn. Anpr. 


r 
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TITLE OF ORDINANCE Contract for Lincolnshire Drainage Improvement Contract 
ce ONES VAT S TGA Na Td a a aa a aeS Loca co p rece e er mp cm 


DEPARTMENT REQUESTING ORDINANCE BO@ard of Public Works & Safety 
: The Contract for Lincolnshire Drainage Improvements, 
SIN Tented HY CR. pteg soi receirind drainage from cottaterai drains-ai- — 


ready constructed or which hereafter may be constructed across the North Hal 





Allen County, IN.  Bounded on the south by Gerke Avenue, Pounded on the west 
east by Harrison Street. SEWER: Beginning at a point on the northerly bank 
point being approximately 85 feet easterlyof the centerline of Fairfield Ave 
feet crossing Southfair Court to a proposed manhole located at the southerly 


. , , 
18 inch, 21 inch and 24 inch in diameter with all appurtenances. 


, e . 


ce ra 











EFFECT OF PASSAGE Improved sewer conditions at the above. 








EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $49,051.75 


ASSIGNED TO COMMITTEE 


; i j a 34. 34 ee ier 
fa 
LINCOLNSHIRE DRAINAGE IMPROVEMENTS z 7/59 
RESOLUTION NO. 445-87 


RESOLVED by the Board of Public youre & Safety of the City of Fort Wayne, State of Indiana 
that: 


The construction of a main sewer from its size and character is not only intended and 
adapted for use by property holders whose property abuts along the line of said sewer, but 
is also intended and adapted for receiving drainage from collateral drains already 
constructed or which hereafter may be constructed across the North Half of the Southwest 
Quarter of Section 26, Township 30 North, Range 12 East, in Allen County, Indiana. 


Bounded on the south by Gerke Avenue, bounded on the west by Fairfield Avenue, 
bounded on the north by Concord Lane and bounded on the east by Harrison Street. 


SEWER: 


Beginning at a point on the northerly bank of an existing open ditch between Gerke 
Avenue and Southfair Court, said point being approximately 85 feet easterly of the 
centerline of Fairfield Avenue; thence northeasterly +24 feet to a proposed 
manhole; thence northerly +420 feet crossing Southfair Court to a proposed manhole 
located at the southerly right-of-way of Millside Court. 


Said “storm sewer shaliabe 12:1nch, "15-inch; < I8.inch; 21 sinch wand 24 fnchs-in 
diameter with all appurtenances. And said sewer wiiith all appurtenances shall be 
constructed in accordance with the plans, profiles and specifications now on file 
in the Office of the Board of Public Works and Safety of said city. 


Total cost of said storm sewer improvement project shall be paid for by funds from the 
City of Fort Wayne Sewer Utility Fund. : 


The Board of Public Works and Safety shall reserve the right to eliminate any and all 
parts in order to keep the project within the allotted budget limits. 


The Board reserves the right to reject any and all bids for failure to comply with 
applicable laws and/or with the Instructions to Bidders. The Board also reserves the right 
to waive any defect in any bid. 


wt 
ADOPTED this 27“ day of Cee , 1987. 
oe eT ee 


Board of Public Works & Safety 





Vie ‘Tawragee D. "Dónsalvos, Diréctor 
tb DUE Sy MER, ` 


Helen Gochenour, Clerk 





$ ; BOARD OF PUBLIC WORKS and SAFETY à 
INVITATION FOR BIDS/AWARD OF CONTRACT* : . 
(Non-Federally Assisted Construction) 


A~ 


PROJECT: LINCOLNSHIRE 


CONTENTS 


Cbeck if Contained Pages 


Contract No aa E 
Resolution Ror- 2. "> 


Cover Sheet 


RE E. DUUM EE rae a 
Advertisement for Bids 
Instructions to Bidders 
‘Schedule 
Schedule of Tien: 
TERECE 
Non-Collusion Affidavit 
Bidder's Bond 
pow EAE AN eee S e cer aa of Financial State- 
oo a se 
o E r eng 
Specimen Form Perfor. & Guaranty Bond 
General Provisions 
a: o ae EY a err ae ere I 
Special Project Specifications 
Eo m A na c c o SB eee eS 

ATTACHMENTS 

Project Plans Draving $ SY- a4 


D 
D 


BNUTCGENC S 
A AS TE OT CERES CREE TRCOE 
XX EA/1-EA/4 


en RM id aR a ee tat eae ee 
XX Q/1-CQ 
DISCOUNT for 
PROMPT PAYMENT 
(See Gen. Prov) 





BID SUBMITTED 


JOHN DEHNER, INC. 





Offer 
SEE May 20, 1987 


Bidder agrees to keep bid open for accep- 
tance. torr -~ (90 days unless 


otherwise Uc Hem Y Qda, 
Compliance Unis ER icir a UMA 
li 


0.C.2/85 


General Specificetions and Conditions 
Detail Standard Construction Standards 
WPCE Department, City of Fort Wayne 
Escrow Agreement à 
Right-of-Way Cut Permit 

Notice to Proceed 

Cbange Order - Specimen Form 


Notice to Award 





ACCEPTANCE OP BID/AWARD OP CONRACT 


CITY OF FORT RAYNE 







] ^ X. AF 7 
Win Moses, Jr., Mayor 


ican Os a d 





om” 


z is a busin 
which at least 51% is owned and controlled by uf equ ius 


members. ("Minority" means Black, Hispanic, Amer i 
Asian, Pacific Islander, and Alaskan Native), the E cd 
owners must exercise actual day-to-day management, as well as 
actively participate in management and policy decisions affecting 
the business. The contribution of capital, equipment or exper- 
tise made by the minority owners nust be real, substantiated and 
documented. 


W s s EZ) is a bus 2 
at least 51% is owned and controllec by women. Los edes Operas 
must excercise actual day-to-day management, as well as actively 
participate in management and policy decisions affecting the 
business. The contribution of capital, equipment or expertise 
made by the women owners must be real, substantiated and docu- 
mented, 


The contract for which this proposal/bid is prepared 
is governed by the MBE/WBE Ordinance. This form must be conr- 
pleted in order to be responsive to this IFB/RFP. If -he 
participation goal of 7% fer MBE and 2% for WBE are not ne- or 
exceeded in your bid or proposal, the reasons for this fa suse 
anc reasonableness and good faith of effo-ts to meet this coal 
shall be evaluated in determining whether the bidder/offeror- is 
responsible. 


A list of possible MBE/WBE Contractcrs/suppliers are on 
file in the Compliance Office, Room 800, City-County Building, 
for Contractor review. 


TEE FOLLOWING IS THE UNDERSIGNED'S COMMITMENT TO TEE MEE/WBE 
GOALS OF TEE CITY FOR WORK DONE PURSUANT TO TEIS CONTRACT: 





x. N/A The undersigned firm certifies that it is an 
MBE/WBE Contractor (cross out inapplicable rro- 
vision). d 


For MBE specify percentage cf minority ownership 
To 





For WBE specify percentage of women ownership 
t. 





B. N/A The undersigned certifies that they are a joint 
venture in which the following (MBE/WBE) £ 
(cross out inapplicable provision) 

a joint venture partner. 


irn 
is 


O.C. 2/85 Tow ws 
B.O.W. Non-Fed 


The MBE/WBE firm (cross out inapplicable 


vision) shall have % partici 1 a 

; a Cipation = 
ployees) * participation (costs) in hra 
project. 


Specify the percentage of ninority/women ownership 


in the MBE/WBE firm t. cross tin - 
cable provision) a PEE 


e. The undersigned commits > $ of the total bid price 
as a subcontract to minority business enterprise parti- 
cipation. The MBE firms which ere proposed as subcon- 
tractors are the following: 


Hane of Fizz Address Type of Work 
1.Co»eland Trucking Co. Ft. Wayne, In. Trucking 

zs 

3 


D. The undersigned commits 2 '$ of the total bid price 
as a subcontract to women business enterprise participa- 
tion. The WBE firrs which are proposed as subcontractors 


are the following: 


Rane of: Fire Address Type of Work 

1. Statewide Trucking Inc. Ft. Wayne, In. Hauling Material 
2. 

3i. 


E, Complete (1). and (2) below a2 participation goals 
of 7% MBE anc 2% WBE have not been net. 


pu My Company cannot meet the participation 
goals for the following reasons: 
ee 
——————————————————À 





2, We have taken the following steps in an 
attempt to comply with these participation 
goals: . 








(attach additional sheets es necessary) 


Contractor 





Contractor . JOHN DEHNER, INC. 
i () 








Its 


O.C. :2/85 I- 6 
B.O.W. Non-Fed 


3 


14. ent e eme s 
The City's policy is to encourage a greater utilizat * 
minority and/or female employees in city construction pee ah 
The Board has, therefore, adopted a rinimm goal of 17% of the 
total work hours on each project to be expended by minorit 
and/or female employees. ("Minority" shall include: Blacks 
Hispanic, Asian, Pacific Islander, American Indian or Alaskrm 


| Native.) 


The bidder shall state in "A" below the percantaga of total 
work hours which the bidder and his subcontractors will exploy 
and utilize women and minority employees on this project. If a 
contract is awarded as a result of this bid, tha percentage 
figure set forth in "A" shall become contractually binding on the 
bidder. The successful bidder will also be required to prepare 
reports for the City demonstrating compliance with this percen- 
tage and will allow city officials access to his records 
facilities and work site and to those of his subcontractors m 
determine compliance. 


The bidder must fill in the required blanks in this clause in 
order to be responsive to this IFB. If the bidder does not 
meet or exceed the hourly utilization coal of 374 rinoritv/fe- 
male participation, the reasons for this failure end reason- 
ableness and good faith of efforts to meet this goal shall be 
evaluated to determine whether the bidder is responsible. i 


THE FOLLOWING IS TEE UNDERSIGNED'S COMMITMENT To MINORITY/FALI 
HOURLY UTILIZATION. 


A. The undersigned firm certifies that i+ will exploy 
anc utilize minorities and females and/or vill ensure that its 
subcontracters employ and utilize ninorities and females so 
that minorities and females will work at least 17 $ of the total 
hours worked on this project. í 


B. Complete (1) and (2) below if the hourly utilization 
figure set'forth in "A" is less than 17%. 


l. My Company and its subcontractors cannot meet 
the 17% minimum hourly utilization figure for the 


following reasons: 
nr M a ara rere ee IN 
aa 
SR iE NFL PR RRL CaN Mu PUR CET E E RE ager ee  LUNR 
Sa LP NM AM I IM C I C A C c mae a! GM e PT P es. © 


O.C. 2/85 Tusc 
B.O.W. Non-Fed 


2. My Company has taken the following steps I s: 
to comply with the 17$ hourly utilization zi : = an accerpt 


So Day AU RET Tor ATG, MES MME ee ee UU MEE RR RE REED I 
WU qp eee ee IE UA GT ohne TORE ha er ue aa ee NUR anneal gt e MN 
UD CINE CIRCE EN a= FEES ORR ocean seh oh <a ae ce re CR. NE 

(attach additional sheets if necessary) : 


Contractor JOHN DEHNER, INC. 





15. Recuired Prevailing Wag edule Payments - Pursuant 
to Indiana Code 5-16-7-2. All contractors and subcontractors 


working on the project awarded pursuant to this contract shall 
pay the prevailing wage rates for skilled, se-i-skilled anc 


unskillec laborers, workmen and mechanics. This waoe deterrzin- 
ation has been made in accordance with the procecures set fob 


in Indiana Code 5-16-7-1. This determination ana the recui-ec 
wage rates are available for exarination by any Prospective 
bidder at The Board of Public Works ane Safety, 9th Floor, 
City-County Building, Fort Wayne, Indiana. 
if a bidder is awarded a contract as a result of this invitation 
for Bids, he/she/it shail file a schedule of wages, oz fems 
providec ‘by. che City of Fort Wayne, Gemonstrating corpiisnce 
With the wage rate deterrination. The successful prize con- 
tractor shall be responsible for obtaining schedules from all 
subcontractors. All schedules shall be filed before the con- 
tractor commences any work on the project. 


Penalties for failure to pay the prevailing vage rate ere set 
forth in Indiana Code 5-16-7-3. 


16. Site Orientation. A site orientation (will/will not) 
be conducted by the City Engineers. If such an orientation 
is conducted, it will be held on the day of DI 
commencing at ___ o'clock __.M. at the site of the project. ~~ 


Regardless of whether a site orientation is conducted 
or not, bidders are required to visit the site of the work, 
and inform themselves fully of the conditions, under which the 
work will be performed. The bidders shall be responsible for 221 
conditions that.affect. the work, including, but not limited to 
all sub-surface conditions. i 


O.C. 2/85 i u Ea 
B.O.W. Non-Fed 





DATE _05-20-87 
PROJECT NAME: 0 


RE DRAITNA MPROVEM 

: mM 

2 | Special backfill No. 53 or No. 73 75. CY [^^ ine erc ee 

4 |Class "A" concrete 1 CY 726100 

5 | Class "C" concrete 4 CY [::. 39000 pe 36 03 220008 

8 Du rope 9e uos m 
3 Boro cp ceo 3* CEDE 
meree wot e pots er 3,828] 50 
TE [15" R.C.P. CL. IV 50 LF | 39.98] eee 
12^] 18* R.c.P.. CL. IV 30 LF hee eae 
et Mee RO, oor oc c Niro ae Kom 2 an 
14 | 24" C.S.P. (0.064 In. thick) 24 LF 1,228 1530 
15 |Pipe end section 12" 1 EA 221,440 | 
16 |Automatic flapgate, round, 24" 1 EA 1,426] 92 
1... | Inlet type "1-C" 4 EA 2,391] 84 
i Inlet type "IV-E" 4 EA 839.52 3, 358|08 


1,283.04 
811.80 
811.80 

19525 
86.25 


IFEA 
2 EA 
1 EA 
29 my 
cA 


19 |Manhole type ELISA 1,28304 
20 {Manhole type "I-A" 


21 [Manhole type "I-G" 


1, 6231 60 
811180 
131,25 
172| 50 


22 [|Hand laid rip-rap ` 


Do 


x E 
S 
H 

E. 4 [ 


23 | Adjust casting to grade 


— 


( 


I will be (circle one): $ 49,051475 
z Rating Member of Fort Wayne Area Plan 

Union Contractor 

Federal Register 

4. Percentage participation Goal Statement 


c 





A 


SCHEDULE 
Board of Public Works & Safety 


The Contractor agrees to furnish at his/her/its own cost all labor, insurance, 
materials, equipment and power for the complete performance of the folloving 
project: 


LINCOLNSHIRE DRAINAGE IMPROVEMENTS 


a C070 22 DD a L1 Pe a a OL ee ee ee 








All work will be performed in accordance with: Resolution # 445-87 the IFB, 
this contract and the applicable plans, specifications and drawings for a 
TOTAL PRICE OF $ 49,051.75 . (If unit prices are applicable, the contractor 
agrees to perform for those unit prices as set forth in the Schedule of Unit 
Prices attached hereto.) 


The work shall be commenced within ten (10) days after the Board issues a 
written "Notice to Proceed". All work shall be completed within 60 

days after issuance of the Notice to Proceed. Those days which the contractor 
cannot work because of severely inclement weather shall not be counted. 


Liquidated Damages Provision. (This clause shall be applicable to this 


contract only if the box contains a checkmark or an "X",) It is hereby agreed 
by and between the City of Fort Wayne and Contractor that time is of the 
essence of this agreement and the contractor agrees that it will complete 
the project as herein defined on or before days after issuance of the 
Notice to Proceed. The parties agree tbat it is a business and governmental 
necessity that the project be completed by this date, that it vill be difficult 
or impossible to make an accurate determination of tbe damages that would 
be incurred by the City of Fort Wayne, and therefore, provide for liqudiated 
damages in the sum of $ per day for each and everyday after __ days 
after issuance of the Notice to Proceed that the project remains uncompleted. 
The parties agree that the sum of $ per day is a reasonable estimate 
as to the damapes which would be incurred by the City of Fort Wayne. The 
parties further agree that causes beyond the control of the contractor may 
delay the completion date. Therefore, the parties agree that delays in the 
completion day beyond the control of the contractor shall not result in 
liquidated damages. 


Delays beyond the control of the contractor can include but are not necessarily 
limited to, the following: Acts of God, strikes, lockouts or industrial 
disturbances, acts of public enemies, restraining orders of any kind by the 
government of the United States of America or of the State of Indiana or 
any of their departments, agencies, or officials, or any civil or military 
authority, insurrections, riots, landslides, earthquakes, fires, incapacitating 
storms, floods, and explosions. i 


0:C. 2785 


BOW/Non-Fed. 


IN WITNESS WHEREOF, the bidder(s) (a firm) by its Owner(s) named below, hereunto 
set their hand(s) and seal(s) this day of , 198 4 


Firm Name: 





By: 








IN TESTIMONY WHEREOF, the bidder(s) (a corporation) has caused this proposal 
to be signed by its President and Secretary and affixed its corporate seal 
this 20th day of May , 1987 ; 


JOHN DEHNER, INC. 
Name, of Corporation 








RUE By: e 


Vice-Presi Ws 


~ 


sory Dehner 






ATTEST: \ 










M A 


fard L. Dehner 





T^ 


“Secretary — Ec 


SEEN 


NOTE I: 


Jse this form, if Cashier's Check or Certified Check accompanies bid: 


Enclosed, herevith, find Cashier's or Certífied Check for $ being 
10% of the maximum bid herein, made payable to: 


City of Fort Wayne, Indiana 


the proceeds of which are to remain the absolute property of said City, if 


NE aD 


Bidder 
shall not within 10 days after Notice of acceptance of the within bid, enter into 


a written contract, and secure said contract by a bond, for the full amount of 
the contract to the approval of the proper officials of said City. 


Oe 


NOTE 2: 


Use this form, if Bidder's Bond in an amount equal to Five (5%) percent of maximum 
bid herein, subject to the approval of the Board of Public Works & Safety, 


conditioned as follows: 
That if the Board of Public works & Safety shall award 
JOHN DEHNER, INC. 


the contract for said work, and if JOHN DEHNER, INC 





DA IESUS ae LR TUS ET SERRE EEE SERRE 


shall enter into a contract and furnish a 100% performance bond as required 
within ten (10) says from the date, he/she/it is notified of the acceptance 
of his/her/its bid, then the obligation of said bond shall be null and void, 
otherwise, to remain in full force and effect. 


-—— 


NON-COLLUSION AFFIDAVIT 


The Bidder, by its Officerscand 
ue E A Es e. Sud ub oe see T M 
eee 


agents or representatives present at the time of filing this bid, being duly 
sworn on their oaths, say that neither they nor any of them have in any way, 
directly or indirectly, entered into any arrangement or agreement with any 
other bidder, or with any public officer of such City of Fort Wayne, Indiana, 
whereby such affiant or affiants or either of them, has paid or is to pay to 
such other bidder or public officer any sum of money, or has given or is to 
give such bidder or public officer anything of value whatever or such affiant 
or affiants or either of them has not directly or indirectly, entered into 
any arrangement or agreement with any other bidder or bidders, which tends 
to or does lessen or destroy free competition in the letting of the contract 
sought for by the attached bids, that no inducement of any form or character 
other than that which appears upon the face of the bid will be suggested, 
offered, paid or delivered to any person whomsoever to influence the acceptance 
of the said bid or awarding of the contract, nor has this bidder any agreement 
or understanding of any kind whatsoever, with any person whomsoever to pay, 
deliver to, or share with any other person in any way or manner, any of the 
proceeds of the contract sought by this bid. 








Subscribed and sworn to before me by Gregory Dehner, Vice-President gf dohn Nehner, Inc. 


j 


this20th day of Ma3 , 198 9: e 





7 






Notary Public Richaer(h Z.. Ensley 

September 8, 1987 Resident of Allen County 
JOGA 

Subscribed and sworn to before me by 

this day of ; 199. as 


My Commision Expires: 





My Commission Expires: 
Notary Public 


Resident of County 


chc dede doe dee deioiedede 
Subscribed and sworn to before me 
by this day of ; 
198 3 


My Commission Expires: 
Notary Public 


Resident of County 


NCA-1 


TO BE EXECUTED BY BIDDER and SURETY COMPANY BEFORE DEPOSITING BID: 
BIDDER(S) BOND 
KNOW ALL MEN by these presents: 
That, (1, ):* CWE, ) JOHN DEHNER, INC. as Principal 


and UNITED STATES FIDELITY AND GUARANTY COMPANY 


and 
UL ML REM MU M ug M e HM E x Eo Eu dien 


as sureties, are held and firmly bound unto the City of Fort Wayne, Indiaaa, 


in the sum of FIVE PERCENT OF THE TOTAL PROJECT BID 
teta gs Gltcub ien Boise Dean. diesen D Da ako p od EN wih A a E LLL 


f 3 ; + 
(s 25 of Bid ) Dollars, to be paid City of Fort Wayne, Indiana, or its 
successors or assigns, for the payment of which, well and truly made, we hereby 
bind ourselves, our heirs, successors, executors, and administrators, jointly 


and severally, firmly by these presents. 


20th 
Signed and sealed at Ft. ‘layne, Indiana this day of May es ae sa 


The condition of this obligation is such that if the accompanying bid or pro- 
posal of JOHN DEHNER, INC. made this day to the City of Fort Wayne, 
State of Indiana, is accepted, and the Contract awarded to the above bidder, 
and the bidder shall, within ten (10) days after such award is made, enter 
into a contract with the City of Fort Wayne, State of Indiana, for the vork 
bid upon, and give bond as required; then this obligation shall be null and 


void;, étherwise, it shall remain in full force and effect. 
) ^ 


Signed at, fort Wayne, Indiana this the 2Othday of May es Wo qns 


Ap ss 


| JOHN DEHNER, INC. 





Surety* 
g l Vice-President vA 
*If signed by an nt appropriate power , 


of attorney shall be attached. 


BB c4] 


CERTIFIED COPY 
GENERAL POWER OF ATTORNEY 


seccsccssfoscseSssssososcccescccsossocose 


Know all Men by these Presents: 
That UNITED STATES FIDELITY AND GUARANTY COMPANY, a corporation organized and existing under the laws of the 
State of Maryland, and having its principal office at the City of Baltimore, in the State of Maryland, does hereby constitute and appoint 


Gerald A. Dahle, John J. Pikel, Donald T. Belbutowski and Diane T. Green 


of the City of Fort Wayne . State of Indiana : 
its true and lawful attorneys in and for the State of Indiana 


for the following purposes, to wit: 

To sign its name as surety to, and to execute, seal and acknowledge any and all bonds, and to respectively do and perform any and 
all acts and things set forth in the resolution of the Board of Directors of the said UNITED STATES FIDELITY AND GUARANTY 
COMPANT, a certified copy of which is hereto annexed and made a part of this Power of Attorney; and the said UNITED STATES 
FIDELITY AND GUARANTY COMPANY. through us, its Board of Directors, hereby ratifies and confirms all and whatsoever XBEXSUHIX 


anyone of the said Gerald A. Dahle and the said John J. Pikel and the said Donald T. 
Belbutowski and the said Diane T. Green 


may lawfully do in the premises by virtue of these presents. 


In Witness Whereof, the said UNITED STATES FIDELITY AND GUARANTY COMPANY has caused this instrument to be 
sealed with its corporate seal, duly attested by the signatures of its Vice-President and Assistant Secretary, this 21th day of 
November , A. D. 19 85 

UNITED STATES FIDELITY AND GUARANTY COMPANY. 


(Signed) By. ue E Aa aa e a yr NAE E A ROR IR, 2h 
Vice-President. 
(SEAL) 
(Signed) TAJON Prox UROREONE 21 LIE Lee REL ewe tn ed 
Assistant Secretary. 
STATE OF MARYLAND, 
ss: 
BALTIMORE CITY, 
On this 27th day of November , A. D. 1985 , before me personally came 
W. Bradley Wallace , Vice-President of the UNITED STATES FIDELITY AND GUARANTY 
COMPANY and John A. Umberger , Assistant Secretary of said Company, with both of 
whom I am personally acquainted, who being by me severally duly sworn, said that they, the said W. Bradley Wallace 
and John A. were respectively the Vice-President and the Assistant Secretary of the said UNITED 


STATES FIDELITY AND GUARANTY COMPANY, the corporation described in and which executed the foregoing Power of Attorney; 
that they each knew the seal of said corporation; that the seal affixed to said Power of Attorney was such corporate seal, that it was 
so fixed by order of the Board of Directors of said corporation, and that they signed their names thereto by like order as Vice-President 
and Assistant Secretary, respectively, of the Company. 


My commission expires the first day in July, A. D. 19.86... 
Margaret M. Hurst 


(SEAL) (Sieno): us eeen rir ea ean eae ee A ES e a 
; Notary Public. 
STATE OF MARYLAND ) Sh 
ct. 
BALTIMORE CITY, 
E Saundra E. Banks , Clerk of the Circuit Court for Baltimore City, which Court is a 
Court of Record, and has a seal, do hereby certify that Margaret M. Hurst , Esquire, before 


‘whom the annexed affidavits were made, and who has thereto subscribed his name, was at the time of so doing a Notary Public of the 
State of Maryland, in and for the City of Baltimore, duly commissioned and sworn and authorized by law to administer oaths and take 
acknowledgment, or proof of deeds to be recorded therein. I further certify that 1 am acquainted with the handwriting of the said 
Notary, and verily believe the signature to be his genuine signature. 


In Testimony W hereof, I hereto set my hand and affix the seal of the Circuit Court for Baltimore City, the same being a Court 
of Record, this 27th day of November , A.D. 1985 


(SEAL) (Signed) NP. eese carr arch AN sem MH NCC qut cano ede UE 
Clerk of the Circuit Court for Baltimore City. 


eehTeo 
in 
usa 
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CERTIFICATE IN LIEU OF FINANCIAL STATEMENT 





I Gregory Dehner , the 
Vice-President 3! GE JOHN DEHNER, INC. 
Position Company 


hereby certify: 


l. That the Financial Statement of said company, dated the 31sday of 
December 1986 » now on file in the office of the Board of Public 
Works & Safety is by reference incorporated herein and made a part hereof, 
is a true and correct statement and accurately reflects the financial 
condition of said company as of the date hereof: 


2. That I am familiar with the books of said Company showing its (financial) 
condition and am authorized to make this certificate on its behalf. 


Dated: May 20, 1987 





Title 


| ) 
my 


Subscribed and sworn to before me, a Notary Public, in and for said County 
and State thiscOth day of May , 1987 1 ; bore use 


ge 5 oy Ex : 


Notayy Public Richard E. EnsléyW. 
Resident of Allen County Y 






My Commission Expires: 


September 8, 1987 


CERTIFICATION OF BIDDER/ VENDOR 


The undersigned, on behalf of JOHN DEENER, INC. 


, does hereby make the following representations 





to the City of Fort Wayne, Indiana. 
WHEREAS, it is acknowledged that the Common Council 
‘of the City of Fort Wayne, Indians, has passed an ordinance con- 
demning the apartheid policies of the country of South Africa; 
WEEREAS, Council's ordinance requires that all persons, 
firms or corporetions submitting bids to the City, for goods ané 
services, certify, as part of the bié, thet euch easies Goes not 
Support the policies of apartheid in South Africa. 


The undersigned states, on behalf of JOEN DEHNER, INC. 


, that JOHN DEHNER, INC. 








Goes not support or endorse the policy of epeartheió in South Africe. 
IN WITNESS WEEREOF, this Certification hes been signed 


x 20th Gay of May 2-186575. 





JOHN DEHNER, INC. 
(Name of Bidder/Vendor) 


ergs 


of Person Signing) 
Vice-President 











AD/! 





wd 


ui 


oe 
Pè 
of 
A 
ja! 
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BID TAB DATE: "ay 21, 1987 + BIDDEF 


PROJECT: LINCOLNSHIRE DRAINAGE IMPROVEMENTS 





i So i sa i (s) 
i i i 


7 (iirete Sidewalk 
i 


Anchor Balt Joint 
! 


« (0.084 In. thick) 


1 1200.00 








TOTAL: $45,305.00 





it over 
iX under 
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(A StocK Company) 


PERFORMANCE BOND 
Approved by The American Institute of Architects 
A. |. A. Document No. A-311 (February 1970 Edition) 

BOND NUMBER 


KNOW ALL MEN BY THESE PRESENTS: 


as Principal, 
hereinafter called Contractor, and UNITED STATES FIDELITY AND GUARANTY COMPANY, a corporation organized and existing under the laws 


of the State of Maryland, Baltimore, Maryland, as Surety, hereinafter called Surety, are held and firmly bound unto 


City of (Fork. Wayne. Bos of. Public Works: and: Safebw. L T e ninen iina 


Dollars (949,051.75... ), 
for the payment whereof Contractor and Surety bind themselves, their heirs, executors, administrators, successors and assigns, jointly and 
severally, firmly by these presents. 


WHEREAS,, Contractor has by written agreement dated 


Res. 445-1987; Lincolnshire Storm Sewer 


in accordance with drawings and specifications prepared by .............ssssssssueeem eere : 
(Here insert full name, title and address) 


, Which contract is by reference made a part 
hereof, and is hereinafter referred to as the Contract. 


NOW, THEREFORE, THE CONDITION OF THIS OBLIGATION is such that, if Contractor shall promptly and faithfully perform 
said Contract, then this obligation shall be null and void; otherwise it shall remain in full force and effect. 


The Surety hereby waives notice of any alteration or extension of time made by the Owner. 


Whenever Contractor shall be, and declared by Owner to be in default under the Contract, the Owner having performed Owner's obligations 
thereunder, the Surety may promptly remedy the default, or shall promptly 
(1) Complete the Contract in accordance with its terms and conditions, or 


(2) Obtain a bid or bids for completing the Contract in accordance with its terms and conditions, and upon determination by Surety of the low- 
est responsible bidder, or, if the Owner elects, upon determination by the Owner and the Surety jointly of the lowest responsible | bidder, 
arrange for a contract between such bidder and Owner, and make available as Work progresses (even though there should be a default on a 
succession of defaults under the contract or contracts of completion arranged under this paragraph) sufficient funds to ‘pay’ the cost of 
completion less the balance of the contract price; but not exceeding, including other costs and damages for which the Surety may be liable 
hereunder, the amount set forth in the first paragraph hereof. The term “balance of the contract price," as used in this paragraph, shall 


mean the total amount payable by Owner to Contractor under the Contract and any amendments thereto, less the amount properly paid by 
Owner to Contractor. ec 


Any suit under this bond must be instituted before the expiration of two (2) years from the date on which fina! payment under the 
Contract falls due. 


No right of action shall accrue on this bond to or for the use of any person or corporation other than the Owner named herein or 
the heirs, executors, administrators or successors of the Owner. 


Principal 
RANTY COMPANY 


(Seal) 





























Contract O11 (2.70 — a 


BILL NO. 5:-9807/-—06»17 


CITY UTELITIES 


REPORT OF THE COMMITTEE ON ` 
TRAD a TERES 


WE, YOUR COMMITTEE ON CITY UTILITIES 


TO WHOM WAS 





REFERRED AN (ORDINANCE) (BESGRKREOM) - approving the Contract 


for Lincolnshire Drainage Improvement Contract - Res. 445-87, 


between John Dehner, Inc., and the City of Fort Wayne, Indiana, 


in connection with the Board of Public Works and Safety 


MUCH DE LC E E RERUM UR ieee SAE SEU A 


Se NND a 
r un p RR E 





HAVE HAD SAID (ORDINANCE) (RESOLUKEGN) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) 


(RESGEBGXGN) 


YES 


-— CHARLES B. REDD 
CHAIRMAN 





a An Se 





PAUL M. BURNS 
VICE CHAIRMAN 


— € Sige THOMAS C. HENRY 
BEN A. EISBART 


SAMUEL Jee TALARICO 


CONCURRED IN Las heed 














SANDRA E. KENNEDY 
CITY CLERK 


